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BILL NO, $-78-10- 


SPECIAL ORDINANCE NO. $-_ 


-'/f 


AN ORDINANCE approving Change Order No. 1 
in connection with Street Light Resolution 
No. 130-1978, Northwest Central Phase II. 


BE IT ORDAINED BY THE COMMON COUNCIL OF THE CITY OF FORT WAYNE, 

INDIANA; 

SECTION 1. That Change Order No. 1 to Gilbert Corporation, in 

connection with Street Light Resolution No. 130-1978, for: 

additional sidewalks and curbs, 7' curbface walk 
instead of 5' walk in Northwest Central Phase II 
Project, 

in the amount of $5,806;90, as set out in the specifications, is hereby 
in all things ratified, confirmed and approved. 

SECTION 2. That this Ordinance shall be effective upon passage 
and approval by the Mayor, 



APPROVED AS TO FORM 








Committee on 


Read the first time in full and on motion by seconded by 

/0 sS&££/L' _, and duly adopted, read the second time by title and referred to the 

ission for 




recommerrtiSfionTaiid”Public Hearing to be held after due legal notice, anhS"Ctrancil Chambers , 

City-County Building ,~T'ort WayneTlndlana, on _day 

of 


DATE: 


: A 7/ 




CITY CLERK 

Read the third tithe in full and on motion by 
seconded by (^/ _ t and duly adopted, placed on its passage. 


PASSED (fa@#SF)-by the following vote: 



ABSTAINED 


ABSENT TO-WIT: 


CITY CLERK 

Passed and adopted by the Common Council of the City of Fort Wayne, Indiana, as 
(ZONING MAP).(GENERAL-)-(ANNEXATION) (SPECIAL) (AFPROPRLA-TLGN) ORDINANCE 


_day of 


, 192 ? 


ATTEST: (SEAL)/? . — 


"CITY CLERK PRESIDING OFFICER 

Pf-esented by me to the Mayor of the City of Fort Wayne, Indiana, on the 
day'-of. y j , 19" . at the hour of //, o 'clock M . ,E.S.T. 


at the hour of 


Approved and signed by me this _ 

o'clock ^ 


CITY CLERK 

.is ' /£ ^ day of_ 












































































































Bill No, 


S-78-10-36 


We, your Committee i 


REPORT OF THE COMMITTEE ON PUBLIC WORKS 
Public Works 


to whom was referred an Ordinance 


approving Change Order No. 1 in connection with Street Light 
Resolution No. 130-1978, Northwest Central Phase II 


have had said Ordinance under consideration and beg leave to report back to the Common 
































CHANGE ORDER 


U-203-/3 ■'*«/ 

'72 

Change Order No. • #1 _ Resolution No. 1-30-7 8 _ 

Project No- Board Order No. 141-77 

Name of Project Northwest Central Phase II _ Date in/4/7a 

To;. N.G. Gilbert Corp. _ 

(Contractor) 


Gentlemen; 


You are hereby requested to comply with the following changes from the contract plans and 
specifications: . 


Item 

No. 

Ouantity 

Description of Chanqe 

Unit Price 

Chanqe in Contract Price 

Material 

Decrease 

Increase 

1 

711 sq.f 

t. Remove & replace sidewalk 

$ 3.30 


$2,346.30 . 

2 

6ea 

1.5 1 xl.5 1 x 4 * Concrete Foundation 

.150,00 


$ 900.00 

3 

550 L.F. 

Trenching in sidewalk 

$ 3.50 


$1,925.00 

4 

601 L.F. 

1" p.v.c. tubing laid in trench ! $ 0.55 


$ 330.55 

5. 

601 L.F. 

1" p.v.c. tubing (Material) 

$ 16.10 

/ 100 L.F. 


$ 96.60 




Total Increase 

Net (-Becre-srsej (Increase) Contract Price 

* See Shee 

t §2 




The sum of $ 5,80 6.90 __ is hereby (added to) QtMMdtecKTYHai) the total contract 

price, and the final contract price shall be aajusred as follows: 

Original Contract Price $ 28,645.00 

Current Contract Price Adjusted by Previous Change Order $ - n - 

New Contract Price Including this Change Order $ 74.441,on 


The time provided for completion in the contract for this project is (unchanged) (ias 
{decreased) bv -0- calendar days due to this Change Order. The date for completion 

of all work shall be Oct. 15, 1978 Furthermore, this document shall become an 

amendment to the contract and all provisions of the contract shall apply hereto. 


Recommended by; 


he contract and all provisions or un« 
: ' (Chief 


Accepted by: 
Approved by: 
Approved by: 


111 


0 , 


Engineer) Date /O e /~~2 
(Contractor) Date /&" & 


LLLLLL l^r) Dafc 


. v Q.np\o 


(City Engineer) Date /<£ 

/d/ I 3 h? 




Attested by: 




(f/lbrzjL 




















































CHANGE OP.CEP. 


Change Ordfer No. • 1 _ 

Project No. • 52109B 

Nama of Project Northwest Central Phase II 


To: _ N.G. Gilbert Corp. _ 

(Contractor) 


6. b " 2CI,- ! a 

Resolution No. 130-78 
Board Order No . 141-77 
Date .,..1 Q/.4 /73 


Jo. 


\ 


Gentlemen: 


You are hereby requested to comply with the following changes from the contract plans and 
specifications: 


I tern 
No. 

Quantity 

DescriDtion of Chanqe 

Unit Price 

Chanqe in Contract Price 

Material 

Decrease 

Increase 

6 

45 L.F. 

1 1 / 2 " p.v.c. bored or pushed 

$ 5.25 


$ 236.25 



§ driveways,streets,alleys 




7 

2 L.F. 

Landscaping (Restoration) 

$ 1.10 


$ 2.20 



j 





| 



Total Increase 

Net (Dooreace.) (Increase) Contract Price 




$5,806.90 


$34,441.90 


The sum of S 5,809.60 is hereby (added to) the "total contract 

price, and the final contract price shall be adjusted as follows: 


Original Contract Price $ 28,645.00 

Current Contract Price Adjusted by Previous Change Order S - 0 - 
New Contract Price Including this Change Order S 14 r 4^i , qn 


The time provided for completion in the contract 
(decreased) by - Q~~ calendar days due to tfc 
of all work shall be oZf-. /S', /? 18 _ • Furth 

amendment to the contract and all provisions of t' 

< chief 


Recommended by: 
Accepted by: /f'/O- 

Approved by: 


<-A 


4 ■ 


Approved by: aa M 










Attested by: 


for this project is (unchanged) (• i w wooooa j 
‘is Change Order. The date for completion 
Lermore, this document shall become an 
:he contract shall apply hereto. 


Engineer) 

(Contractor) 


(City Engineer) 




(Owner) 


Date 

Date /O'6- 7$* 

Date /o/f/vy 

Date / O t/3/7S’ 
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Change Order No. _ 

Resolution No- . 130-78 
Board Order No. 141-77 

REQUEST AND JUSTIFICATION FOR CHANGE 


1. Necessity for changer Change on the Barthold Street sidewalk improvement 
project from a 5ft. sidewalk with parkstrip to a 7ft. curbface sidewalk 


with no parkstrip. (Items 1-7) 


This change was made on Street Engineering improvement project after 
Street Lighting project was under construction; 


2. Will proposed change alter size of the project? Yes * _ No 

If yes, explain: Additional sidewalks and curb 


3. Affect on operation and maintenance cost of this project: operation cost will 
remain the same, maintenance cost will be eliminated. 




Engineer 
































Change Order Mo. 
Resolution No-. 
Board Order No. 

REQUEST AND JUSTIFICATION FOR CHANGE 


Necessity for changer 


Will proposed change alter size of the project? Yes_ No 

If yes, explains __ _ ______ 


Affect on operation and maintenance cost of this projects 
































Vczs? 

' ■ y TTTI F OF ORDINANCE SPECIAL ORDINANCE - Change Order #1. Res. 130-78, Northwest 

• Central Phase II, N. G. Gilbert 

^yDEPimW REQUESTING ORDINANCE board of public works _„_-___cor P . 


SYNOPSIS OF ORDINANCE Change Order No. 1. Street Light Res-..13Q. 


Central Phase II, N. G. Gilbert Corp, Contractor for the Pro 


curb!ace walk instead of 5* walk. 


(Change Order and Memorandum Attached) 


Total Revised contract price including this 


Change Order $34,441.90 


EFFECT OF PASSAGE Additional sidewalks and curbs. 


EFFECT OF NON-PASSAGE No additional curbwalk. 


MONEY INVOLVED (Direct costs. Expenditures, Savings) _ 

$5,806.90 from C. D. & P. funds. 


78,. Northwaat 


ASSIGNED TO CCiWTTEE 


















































